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THE AMERICAN INSTITUTE OF ARCHITECTS 



AIA Document A111 


Standard Form of Agreement Between 
Owner and Contractor 

where the basis of payment is the 

COST OF THE WORK PLUS A FEE 

Use only with the latest Edition of AIA Document A201 , General Conditions of the Contract for Construction. 

This document has important legal consequences; consultation with an attorney is encouraged with respect to its 

completion or modification. 


AGREEMENT 

made this day of November in the year of Nineteen 

Hundred and Seventy-Three 


BETWEEN 


25X1A5a1 



the Owner, and 
the Contractor. 


The Owner and the Contractor agree as set forth below. 
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ARTICLE 1 

THE CONTRACT DOCUMENTS 

The Contract Documents consist of this Agreement, Conditions of the Contract (General, Supplementary and 
other Conditions), Drawings, Specifications, all Addenda issued prior to execution of this Agreement and all 
Modifications issued subsequent thereto. These form the Contract, and all are as fully a part of the Contract 
as it attached to this Agreement or repeated herein. An enumeration of the Contract Documents appears in 
Article 17. If anything in the General Conditions is inconsistent with this Agreement, the Agreement shall govern. 


ARTICLE 2 
THE WORK 

The Contractor shall perform all the Work required by the Contract Documents for 

(Here insert the caption descriptive oi the Work as used on other Contract Documents.) 


2 , 

3 . 


- , ond bn*h; 

0<"vw In plan and Oxnpeet approximately 10,000 Km of clean till 
~ nlt * o (ovation to crown of read or approximately a plur five 
elevation per Dade County datum; 

Obtain density report from certified tasting lob. 


ARTICLE 3 


The Architect for this Project is 


ARCHITECT 

NONE - Where wed herein the word "Architect* shot! 
mean Owner. 


ARTICLE 4 

THE CONTRACTOR'S DUTIES AND STATUS 

The Contractor accepts the relationship of trust and confidence established between him and the Owner by this 
Agreement. He covenants with the Owner to furnish his best skill and judgment and to cooperate with the Ar- 
chitect in furthering the interests of the Owner. He agrees to furnish efficient business administration and 
superintendence and to use his best efforts to furnish at all times an adequate supply of workmen and mate- 
rials, and to perform the Work in the best and soundest way and in the most expeditious and economical man- 
ner consistent with the interests of the Owner. 
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ARTICLE 5 


TIME OF COMMENCEMENT AND COMPLETION 


The Work to be performed under this Contract shall be commenced 


upon authorization from Owner. 


and completed wiHlin thereafter 

(Here insert any special provisions for liquidated damages relating to failure to complete on time.) 


ARTICLE 6 


COST OF THE WORK AND GUARANTEED MAXIMUM COST 


6.1 The Owner agrees to reimburse the Contractor for the Cost of the Work as defined in Article 9. Such 
reimbursement shall be in addition to the Contractor's Fee stipulated in Article 7. 


6.2 The maximum cost to the Owner, including the Cost of the Work and the Contractor's Fee, is guaranteed 
no, exceed , h e rum 0 , d »S l*1W» d Dollar. |; such Cuaranteed M „ imum Cos , sM be 

or decreased for Changes in the WTtfkMy'ppcMWjed in Article 8. 

(Here insert any provision for distribution of any savings. Delete Paragraph 6.2 if there is no Guaranteed Maximum Cost.) 
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ARTICLE 7 

CONTRACTOR'S FEE 

7.1 In consideration of the performance of the Contract, the Owner agrees to pay the Contractor in current 
funds as compensation for his services a Contractor's Fee as follows: 


Total colt of project plus ten per cent. 


7.2 For Changes in the Work, the Contractor's Fee shall be adjusted as follows: 


Same as above. 


7.3 The Contractor shall be paid/ 


Jpon completion of j 




J&L°f the proportionat^m™ 






ARTICLE 8 

CHANCES IN THE WORK 

8.1 The Owner may make Changes in the Work in accordance with Article 12 of the General Conditions insofar 
as such Article is consistent with this Agreement. The Contractor shall be reimbursed for Changes in the 
Work on the basis of Cost of the Work as defined in Article 9. 

8.2 The Contractor's Fee for Changes in the Work shall be as set forth in Paragraph 7.2, or in the absence of 
specific provisions therein, shall be adjusted by negotiation on the basis of the Fee established for the original 
Work. 

ARTICLE 9 

COSTS TO BE REIMBURSED 

9.1 The term Cost of the Work shall mean costs necessarily incurred in the proper performance of the Work 
and paid by the Contractor. Such costs shall be at rates not higher than the standard paid in the locality of 
the Work except with prior consent of the Owner, and shall include the items set forth below in this Article 9. 

9.1.1 Wages paid for labor in the direct employ of the Contractor in the performance of the Work under ap- 
plicable collective bargaining agreements, or under a salary or wage schedule agreed upon by the Owner and 
Contractor, and including such welfare or other benefits, if any, as may be payable with respect thereto. 

9.1.2 Salaries of Contractor's employees when stationed at the field office, in whatever capacity employed. 
Employees engaged, at shops or on the road, in expediting the production or transportation of materials or 
equipment, shall be considered as stationed at the field office and their salaries paid for that portion of their 
time spent on this Work. 
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9.1.3 Cost of contributions, assessments or taxes for such items as unemployment compensation and social se- 
curity, insofar as such cost is based on wages, salaries, or other remuneration paid to employees of the Con- 
tractor and included in the Cost of the Work under Subparagraphs 9.1.1 and 9.1.2. 

9.1.4 The proportion of reasonable transportation, traveling and hotel expenses of the Contractor or of his 
officers or employees incurred in discharge of duties connected with the Work. 

9.1.5 Cost of all materials, supplies and equipment incorporated in the Work, including costs of transportation 
thereof. 

9.1.6 Payments made by the Contractor to Subcontractors for Work performed pursuant to subcontracts under 
this Agreement. 

9.1.7 Cost, including transportation and maintenance, of all materials, supplies, equipment, temporary facili- 
ties and hand tools not owned by the workmen, which are consumed in the performance of the Work, and cost 
less salvage value on such items used but not consumed which remain the property of the Contractor. 

9.1.8 Rental charges of all necessary machinery and equipment, exclusive of hand tools, used at the site of the 
Work, whether rented from the Contractor or others, including installation, minor repairs and replacements, dis- 
mantling, removal, transportation and delivery costs thereof, at rental charges consistent with those prevailing 
in the area. 

9.1.9 Cost of premiums for all bonds and insurance which the Contractor is required by the Contract Docu- 
ments to purchase and maintain. 

9.1.10 Sales, use or similar taxes related to the Work and for which the Contractor is liable imposed by any 
governmental authority. 

9.1.11 Permit fees, royalties, damages for infringement of patents and costs of defending suits therefor, and 
deposits lost for causes other than the Contractor's negligence. 

9.1.12 l .osses and expenses, not compensated by insurance or otherwise, sustained by the Contractor in connection 
with the Work, provided they have resulted from causes other than the fault or neglect of the Contractor. Such 
losses shall include settlements made with the written consent and approval of the Owner. No such losses and 
expenses shall be included in the Cost of the Work for the purpose of determining the Contractor's Fee. If, how- 
ever, such loss requires reconstruction and the Contractor is placed in charge thereof, he shall be paid for his 
services a Fee proportionate to that stated in Paragraph 7.1. 

9.1.13 Minor expenses such as telegrams, long distance telephone calls, telephone service at the site, express- 
age, and similar petty cash items in connection with the Work. 

9.1.14 Cost of removal of all debris. 

9.1.15 Costs incurred due to an emergency affecting the safety of persons and property. 

9.1.16 Other costs incurred in the performance of the Work if and to the extent approved in advance in 
writing by the Owner. 
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ARTICLE 10 

COSTS NOT TO BE REIMBURSED 


10.1 The term Cost of the Work shall not include any of the items set forth below in this Article 10. 

10.1.1 Salaries or other compensation of the Contractor's officers, executives, general managers, estimators, 
auditors, accountants, purchasing and contracting agents and other employees at the Contractor's principal office 
and branch offices, except employees of the Contractor when engaged at shops or on the road in expediting the 
production or transportation of materials or equipment for the Work. 

10.1.2 Expenses of the Contractor's Principal and Branch Offices other than the Field Office. 

th^W lf nY Part ° f the Contractor ' s ca P ital expenses, including interest on the Contractor's capital employed for 


10.1.4 Overhead or general expenses of any kind, except as may be expressly included in Article 9. 

10.1.5 Costs due to the negligence of the Contractor, any Subcontractor, anyone directly or indirectly employed 
by any of them or for whose acts any of them may be liable, including but not limited to the correction of de- 
tective Work, disposal of materials and equipment wrongly supplied, or making good any damage to property. 

10.1.6 The cost of any item not specifically and expressly included in the items described in Article 9. 

to Articlif 8 StS ' n eXC6SS ° f tHe Guaranteed Maximum Cost < if an Y, as set forth in Article 6 and adjusted pursuant 


ARTICLE 11 

DISCOUNTS, REBATES AND REFUNDS 

All cash discounts shall accrue to the Contractor unless the Owner deposits funds with the Contractor with 
which to make payments, in which case the cash discounts shall accrue to the Owner. All trade discounts 
rebates and refunds, and all returns from sale of surplus materials and equipment shall accrue to the Owner and" 
the Contractor shall make provisions so that they can be secured. 

(Here insert any provisions relating to deposits by the Owner to permit the Contractor to obtain cash discounts.) 


ARTICLE 12 
SUBCONTRACTS 

12.1 All portions of the Work that the Contractor's organization has not been accustomed to perform shall be 
performed under subcontracts. The Contractor shall request bids from subcontractors and shall deliver such 
bids to the Architect. The Architect will then determine, with the advice of the Contractor and subject to the 
approval of the Owner, which bids will be accepted. 

12.2 All Subcontracts shall conform to the requirements of Paragraph 5.3 of the General Conditions. Subcon- 
tracts awarded on the basis of the cost of such work plus a fee shall also be subject to the provisions of this 
Agreement insofar as applicable. 
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ARTICLE 13 

ACCOUNTING RECORDS 

The Contractor shall check all materials, equipment and labor entering into the Work and shall keep such full 
and detailed accounts as may be necessary for proper financial management under this Agreement, and the 
system shall be satisfactory to the Owner. The Owner shall be afforded access to all the Contractor's records, 
books, correspondence, instructions, drawings, receipts, vouchers, memoranda and similar data relating to this 
Contract, and the Contractor shall preserve all such records for a period of three years after the final payment. 


ARTICLE 14 


The Contractc 
ment, swob 



APPLICATIONS FOR PAYMENT 

shall, a^ least ten days before each progress payment falls due, deliver to the Architect a state- 
red, showineyrtcomplete deprfl all moneyer paid outpr costs incited by him,on account 
ork durine J iKe previous m*fmh for wjyrth he is tcvrte reimburyraunder /utf^le 6 and the 
'Contractor's due as maided in Article 7, togrtfher with^ayrolls fo^rtfll labor and all 
which payment has beeH'feceived. ^ 


ARTICLE 15 

PAYMENTS TO THE CONTRACTOR 

15.1 The Architect will review the Contractor's statement of moneys due as provided in Article 14 and will 

promptly issiyrt'a Certificaj^rtor Paymeprt'to the Oyrtfer for syetf amoiy*r as he approves, whiyh Certificate shall 
be payabjyrtan or aboujyttfe X ^ ^ day^fthe monjbr ^ 

15.2 Final payment, constituting the unpaid balance of the Cost of the w6rk and of fine Contractor's Fee, shall 
be paid by the Owner to the Contractor when the Work has been completed, the Contract fully performed and 
a final Certificate for Payment has been issued by the Architect. Final payment shall be due 

days after the date of issuance of the final Certificate for Payment. 


ARTICLE 16 

TERMINATION OF THE CONTRACT 

16.1 The Contract may be terminated by the Contractor as provided in Article 14 of the General Conditions. 

16.2 If the Owner terminates the Contract as provided in Article 14 of the General Conditions, he shall reim- 
burse the Contractor for any unpaid Cost of the Work due him under Article 6, plus (1) the unpaid balance of 
the Fee computed upon the Cost of the Work to the date of termination at the rate of the percentage named in 
Article 7, or (2) if the Contractor's Fee be stated as a fixed sum, such an amount as will increase the payments 
on account of his Fee to a sum which bears the same ratio to the said fixed sum as the Cost of the Work at the 
time of termination bears to the adjusted Guaranteed Maximum Cost, if any, otherwise to a reasonable esti- 
mated Cost of the Work when completed. The Owner shall also pay to the Contractor fair compensation, either 
by purchase or rental at the election of the Owner, for any equipment retained. In case of such termination of the 
Contract the Owner shall further assume and become liable for obligations, commitments and unsettled claims that 
the Contractor has previously undertaken or incurred in good faith in connection with said Work. The Contractor 
shall, as a condition of receiving the payments referred to in this Article 16, execute and deliver all such papers and 
take all such steps, including the legal assignment of his contractual rights, as the Owner may require for the purpose 
of fully vesting in him the rights and benefits of the Contractor under such obligations or commitments. 
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ARTICLE 17 

MISCELLANEOUS PROVISIONS 

17.1 Terms used in this Agreement which are defined in the Conditions of the Contract shall have the meanings 
designated in those Conditions. 

17.2 The Contract Documents, which constitute the entire agreement between the Owner and the Contractor, 
are listed in Article 1 and, except for Modifications issued after execution of this Agreement, are enumerated 
as follows: 

(List below the Agreement, Conditions oi the Contract, (General, Supplementary, other Conditions ), Drawings, Specifications, Addenda and accepted Alter- 
nates, showing page or sheet numbers in all cases and dates where applicable.) 
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This Agreement executed the day and year first written above. 


OWNER CONTRACTOR 

25X1A5a1 
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